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I TIMS MWAEW CQHTMKS IB 50 HU ATI 033 AFFECTING THE KAT10UAC. OEFflHSE \V. 
| OF ''*2 UKITSD STATBS. WITHIN TH* EEANiXG OF TITLB !H, SgCTlCms Tift V® 
l A«r- i)M. OF THU a. S. CODB, AS AtffiWBEB ITS TRANSSJISStGW OSBEVEl - N^l 
gj OF STS OOBTBim m 08 RBCSIPT BY AW UNAUTHORIZED FZIVSOH t-IS 

f§5 ’* P-Q KIBIT II? QV UM TUB. RZrrtODUCTlQW Of THIS ?ORB IS FROIUa.TSD 


THIS IS UNEVALUATED INFORMATION 
25X1X 


source; 


.to A single— track line cetx-Tee > Yerolin and J s*o?’iKlav. 1 s be .Imp reconstruct el to 
XKarove traffic facilities for tie ?ai pLi.ii troo o trrbrdvu rroinifo to the 
north and is sehediled for cor fLet.ion on C l Aun^t ’1953. 


25X1 



TO April 1953* 3.1c 5 kilo? esters of traehayo hnd .Been laid. It. is retried 
that 'the line would he ua oloted in* 15 Arras t 195 1 


In early June 1953* the roadbed for the entire 15.- e 
laying ox’ rax Is * tie reconstruction of bridges * and 
safety and sif nal inntal3.at.lom; uere under f, ay.. ' ..lx; 
employed in the rocou triietioru, Vie line is to be c 

1 Or: -3 


i ran cos. a! of c * 5'ha 
the installation of 
nut 200 workers ware 
v ox v d . o ■_ ? :d by 15 Ai ’ r vs- t 


4* -ccordinn to deforests bred 23 June 1953., the allocations for wany rail- 
road reconotruc Mon orotfra: a uere reduced for lor wstic reasons lie al- 
location ior Li o i % ocoviOtructi.ott of the [ r>* nJLi.n— hRH.r-lr.u. lino was reduced 
by 4-* 620* 000 east :.• arks. The ovovall corf, fv.t- tlo • vseonn traction of t' e 
line x/as estimated at 15,100* 000, V 


25X1 A 



The inf on at ion indicates that the linn will be coxoloted by 
15 August 1953* 5 bother the reduction of funds allocated for ' 

the >r eject, lias dslayec: co: oletioa of the line has net been 
dexen inod u It Is v K)ssibio xhat the nei? econo: y r.esteuro*? "will 
affect the corntruct* on of : he safety an" ai ; ml installations 
on the line, r l is would not x-ouent the restoration of ra.:e- 
shift operations* ho infer? at:. on has hneu received on the 
Planned construction of a second track-, dtich a * teas- -re wo- 
poai-s ii.orob&ble In view of the fact that all the l u es to 
which the f >>. • t! 1 n-* Venal au line connects are single -track. 
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